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Siull: DPD 807-59 
Contrast No. BBW350 
t Ho. 


. This deounent constitutes Amendment Ho. 2 to Contract 
No. #82350 ic caeah the ITEK Corporation and the United States 
of America and gaid contract, a6 emenied, ia further amended O65 
follows. | | . 

. Pursuant to the provisions of Clause 2 of the General 
pete, entitled "Changes" the Gontract ie amended, at no 
inexease in estimated cost and fixed fee, by revieing PART II ~ 
DELIVERY to read as follows: 


"Item 1 » Contractor shall furniuh the required report 
on or before 10 duly 1959, postage prepaid, te the 
Contracting Officer." - #3 
3. ALL other terms, conditions and requirements of the 
contract, as amended, remain unchanged. 3 


to Contract. No. BB~350 and your accsptence thereof by executing 

the original and two copies of this Amendment. Return the fully 
executed original and one copy to the undereigned ani retain the 
preneining copy for your files. 


Very truly yours, 


Contracting Officer 


igi GED a | | posumer’ © 
ITER CORPORATION oo eh 


g 
‘Se 
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28 May 1959 


MEMORANDUM FOR THE RECORD ’ 
i 

SUBJECT : Conourrenge in Amendment No. 1 to Contract No. EB-350 _ 
with ITEX Corporation, Boston, Massachusetts Project — 


25X1A 
2. Thais manorandm sictataa a yecommendation submitted for 
gonourrencé — underaigned. Such recommendation is contained 
in Parngraph * 


2. Contract No. BB-350 covera the procurement of a atudy 
and analysis of the Agency's Photo Intelligency Center's methods 
of handling and processing photographic data and to make reconmend- 
stions for improvement and growth potential. Amendment No. 1 is 
being written to extend the period of performance from 31 ay 
te 19 June 1959 for reason that delays were encountered ag certain 
‘wavk areas expanded and more people were required. These additional 
pete had to receive security and oleerances and thug a delay 
wae umvoldable. 


3. Be additional funds are being obligated wider the contract 
asa result of the above extension. 


4. Gemcurrence in Amendment No. 1 to Contract No. BB-350 


is reconmmented. 
25X1A 
meting Officer, DFD 
CONCURRENCE: 
25X1A 
sneer RE bho 
ce of General Coumgel as aed eee 
Huse eg <= 5 8 

Distr. o ee 

-Finance ee . ~ 2 RL wate ee 

1-Chrono | paté;—_—_—_— eS 
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hosed, 
Contrast No, BB-350 
dendment No, 1 
Rime Conpacwtion | Sl 1959 


1. hte document constitutes Amendment No. 1 to Contract No. 
pte between The ITEX Corporation and the United States of 


2. Pursuant to the provisions of Clause 2 of the General 
Provisions, entitled, "Changes" the Contract ia smended, at no 
dnoxeane in eatdmated cost and fixed fee, by revising PART II - 
DELIVERY to read as follows: 


"Teen 1 - Contractor shali furnish the required report 
on or before 19 aD postage prepatd to the Contracting 
Sreleer Poly 497 Cheng. pr Omeed #2 
3. ALL other terms, conditions a vequirenents of the contract 
remain unchanged. 


kh. Flease indicate your receipt of thia Aneximent No. 1 to 
Contract No, BB-950 and your acceptance thereod by executing the - 
orginal and. two copies hereof. Returnethe fully executed origins) 
and one copy to the widersigned and retain the remiining copy 
for your files. 


25X  Wery truly yours, — 


Contracting Officer 
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